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1 BEEE NO.:$-87-03- Og 
2 SPECIAL ORDINANCE NO. S- 53-3) 
3 AN ORDINANCE approving the Contract 
for Res. 437-86, Liberty Drive 
4 ST? i Sewer, between Bercot, 
Inc., and the City of Fort Wayne, 
5 Indiana, in connection with the 
Board of Public Works and Safety. 
6 
7 NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 
8 OF THE CITY OF FORT WAYNE, INDIANA: 
9 SECTION 1. That the Contract for Res. 437-86, Liberty 
STORM 
10 Drive Sanitary Sewer, by and between Bercot Inc., and the City 
11 of Fort Wayne, Indiana, in connection with the Board of Public 
12 Works and Safety, for: 
13 Liberty Drive Drainage Improve- 
ments for the following described 
14 Storm Sewer: Beginning at an exist- 
ing sotrm sewer manhole with a 
15 21-inch diameter storm sewer dis- 
charge pipe located in the South- 
16 east corner of the intersection 
of Bluffton Road and Liberty Drive; 
17 thence Southeasterly along Liberty 
Drive, 1145+LF to a proposed man- 
18 hole in the intersection of Liberty 
Drive and Lower Huntington Road; 
19 thence East along Lower Huntington 
Road, 70+ LF terminating at a pro- 
20 posed manhole. Said sotrm sewer 
Shall be gL ree s 2 and. 24" 
21 in diameter with all appurtances. 
Said storm sewer with all appurte- 
22 nances shall be constructed in 
accordance with the plans, profiles, 
23 and specifications now on file 
in the Department of Public Works 
24 and Safety of said City; 
25 the Contract price is Sixty-Seven Thousand Six Hundred Seventy- 
26 Eight and No/100 Dollars ($67,678.00), all as more particularly 
27 set forth in said Contract, which is on file in the Office of 
28 the Board of Public Works and Safety and, is by reference incorporated 
29 herein, made a part hereof, and is hereby in all things ratified, 
30 confirmed and approved. Two (2) copies of said Contract are 
31 on file with the Office of the City Clerk and made available 
32 for public inspection, according to law. 
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Page Two 
SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 


TU p, ADE 


Councilmember 





APPROVED 
AND LEGA 


TO FORM 












Bruce O. Boxberger,/City Attorney 

















* 













2 Read th time in full and on motion by 
seconded by 2 E 
by titiaiand rërës 1 tne Committee 
Plame Eds son bos TOS OSO qom) 2: t > Oe 
due legal notice, at the Council Char: z ding, Fort Wayr 
Indiana,. on E day of 


5 oe — 
DATE: oe Lad QI o 


Gm D KENNEDY CIN he E. KENNEDY, CITY CLYTS5EK 


re > E B 
time in £ull and on motion by? c a p , 
da Mar , and duly adopted placed on its 


) by the following vote: 










Bead the thi 
seconded by 
passage. PASSED 
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BRADBURY 


BURNS 
EISBART 


GiaQUINTA 


TALARICO 


DATE: e Ag 


Passed and adopted by the Common Council of the CIty of FOE, 





SANDRA E. KENNEDY, CITY CLERK 


Wayne, Indiana, as (ANNEXATION) {APPROPRIATION} (GENERAX) 
(SPECIAL) (ZONING-MAP) ORDINANCE (RESQLUTION) 


NO. 
on the LA day of í wef 








SANDRA E. KENNEDY, CITY CLERK 








ort Wayne, Indiana, 


on the XS day of i Sw ae 


atsthe hour of i PA 20 vënd diu n a oe 


SANDRA E. KENNEDY, CITY CLE 


ADELA ct a 
r 
A AMM 


Presented by me to the Mayor o 





Approved and signed by me this oë aay of 


: iu I, 
19 5) rat, thë “hour sof A ass 


I 





NIN MOSES, R., MAYOR 


ID] 
o WW a i i Admn. Anpr. 
TITLE: 0F IRRI JANCE Contract for Res. 437-86, Liberty Drive Sanitary Sever 


y- . _x _EQ_ MEN IM EM E E E 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works $ Safety 4.7. 3 ^ 


SYNOPSIS OF ORDINANCE The Contract for Res. 437-86, Liberty Drive Drainage 


Improvements is for the following described Storm Sewer: 











Beginning at an existing storm sewer manhole with a 21-inch diameter 





storm sewer discharge pipe located in the Southeast corner of the 





intersection of Bluffton Road and Liberty Drive; thence Southeasterly 





mee En. o ubi 1145+ LF to a Li Ae Gi manhole in the intersection 





Hunting Road, 704 LF Pk PË sha AU a proposed Teale. 
Sn Se RRNA Ode RRS SEN es ar SESS oC e € m m xU 


Saldi storm sewer shadl ber 12", 154,22" and 24" in diameter with ad: 
Ene HUC ii USE. cicer d ey E MA IA 


appurtances. Said storm sewer with all appurtenances shall be con- 
NETT DA e ARANA 


structed in accordance with the plans, profiles, and specifications now 
I A A aq RARO EC on 


on file in the Department of Public Works & Safety of said City. 
e Fi ale a ds E Maca X NOST MEO D eeu OE UP CER MES COW CN cee 


Bercot, Inc. is the contractor. 
snc Jed o. S caia cas ORC O eee lite ZEN CR ee PR Eo MO e een) RARUS C o 


——————MM———MMÀ—— MÀ 


EFFECT OF PASSAGE Improved.sewer conditions at above location. 


EFFECT OF NON-PASSAGE 


jo eee 





MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $67,678.00. 


Á  — - —— 


ASSIGNED TO COMMITTEE 








‘BIDDER 





BID TAB > DATE: 11 February 1987 181DDER: ‘BIDDER {BIDDER tBIDDER 


1 1 ' 
€— y 8 x ; 

1 

i 


RES. NO: 437-86 i Bercot i Earth Mergy i Dehner 


ITEM ITEM TUBNT EUER UNITIUNIT COST: — AMOUNT ¡UNIT COS: AMOUNT {UNIT COS 
NO. 1 ANS He BT: a U 48 E. ($) REA ($) i) 


i PRET. Backfill — 1 350 (CY i 15.00 5250.00 1 7.501 2625.00: 5.251 1837.50 5 10.75 1 3762.50: 7.50 + 2823.00 | "9,75 | 


I ' i 1 ' 1 ' 1 1 
i ' 1 D ee RET 1 D 1 D i i 


2 iSpecial Backfill #73 or 453 (o M0 y BOO > 8300,00 | 11,00! 3850,00: 11.05: 3887.50 10.75: 2782.50 1 41.07 3 384.50 ! 18.00 










PROJ:Liberty Drive. Drainage laproveaents 



























u ' 
te 


($) Ue So an (9) Ket 
1 







































AMOUNT ¡UNIT COS: AMOUNT SUNIT COS: AMOUNT ‘UNIT COS! AMOUNT ¿UNIT COS: AMOUNT 


1BIDDER: 





i ($) t (8) 





342.50 5 0,00 i 


.&300,00 i 8.00 





3 ¡Compacted aggregate for surfacet73: 10 ¿CY 5 20,00 | 200.00 1 15.001 150,005 15.50 1 155,00 i 31,105 311,005 14,63 5 — 145.30 ! 25.00 1° 290. 8 10,00 


"4 ¡Bituminous base 45 i 
i 


*Sealcoat Type 6 + 3000 5] i 4.00 | 


6 iMulched Seeding 1500 ¡SY 


, 1 1 , 
1 


7 112 R.C.P. Cl. V | 640 JLF i 25.001 16000.00 5 18.00 i 11520.00 1 24.95 i 15968.00 5 17.69 + 11321.60 i 25.23 1 16147.20 i 23.00 


' 1 1 1 i 1 1 1 1 1 1 1 
i i 1 1 1 1 i 1 D i ' 1 


1 1 1 1 1 1 
i i 1 i 1 1 


10000.00 1 35.00 1 8750.00 1 38.30 | 9575.00 } 33.60: 8400.00 | 29.90 i — 7475.00 


12000.00 + 2.00: 8000.00 i 2.103 6300.00 | 7230: 4900.00 | 2.07 + 8210. d 


9.47: 705.00 9.9] 1 


250 Hx | 40.00 















34,001 


1 
D 
1 
1 
























1500, 00 












1,00 | 1500,00 






7185.00 3 1.15% 1725.00) 0.80 





1.00 
























B 115* R.C.P, Cl. IV | 320 ¡LF i 28.00: 8960.00 : 21.00: 6720.00 i 20,90 


1 1 ' I i 1 i 1 
|j i 1 ' i 1 ' 


121" R.C.P, Cl. IV AOS WF i 30,00: 3150.00 |. 27.001 2835.00 i 29.40} 3087.00 | “29.011 3046,05 | 36.84 | 3868.20! 34.75 


1 1 ' 1 1 1 1 1 1 1 
i 1 ' 1 ' i ' 1 ' D 1 D 


IA ESP., 00064 inch thick} J4 ILF i 25.00! 850.00 + 12.00 1 — 808.00 1 13.501 459.00 | 17.201 984.80; 20.51 1 597.341 6,00 


12 Manhole Type IA IER: 1600.00 1 9600.00 1 850.00 ! 5100.00 1010.00 } 6060.00 12180.00 | 13080.00 1 921.76 | 5530.56 ris 00 1 


1 
i 1 i ' 1 D 1 1 1 1 ' 


13 ‘Manhole Type I-A i 1 E i 2600.00 : — 2800.00 11900.00 1900.00 Hus) 00; 1615.00 aed 1 2540.00 11584.66 ! — 1584.86 12700.00 ! 


1 1 i 1 
i i 1 i R i D i 


9888.00 | 19.09 | 6108.80} 29.74 | 9516.80 | 29.50 


' 1 1 
i 1 i ' 1 



















































14 ¡Manhole Type 1-6 









¡EA 1 1600.00 3 1600.00 i 850.00 : = €50,00 1 935.00 5 935.00 12180, OG i 2180.00 1 857,08 | — 857.08 $1050.00 ! 


1 1 1 1 1 1 ' 1 1 
i 1 1 ' D ' 1 1 





15 ¡Inlet Type 1-F i 1 5EA 1 900,00 | 900.00 } 625.00 i — 825.00 : 480.00 ! 480.00 ! 780. 99 | — 780.99 | ME AQE 851.80 












715.00 










16 ¡Inlet Type 1-6 i 8 !EA 1 900.00 | 7200.00 i 575.00 i — 4600,00 i 420.00 i — 3360,00 1 730.00 | — 3840,00 1 392.88 i — 4741.44 i 650,00 


17 110” D.I. Pipe Cl. 50 ] 11 LF i 18,004 198,00 | 35.00 | 385,00 ; 28.00: 308,00 : 30.205 532,20 


1 i , 
1 D i i 1 


9,00 i i 0.00 1 i 0.00 1 i 0.00 ; i 0.00 1 


0.00 i i 0.00 1 i 0.90 


0.00 1 i 0.00 



























68.73 | 796.03 | 50,00 
























0.00 1 1 


0.00 À 0.00 0.00 1 


' 1 , 1 1 
i 1 i i 


0.00 ; i 0.00 ; i 0.001 








1 
D 















0,00 5 i 0.00 | i 0.00 





9.00 1 i 0.00 









a TOTAL: $98,208.00 | TOTAL: $67,678.00 1 TOTAL: 374,987.00 | TOTAL: $79,645.64 


1 1 1 1 
i i 1 ' 


0,00X1X over 0,090211 over 0.0011X over 
1X under 31.0911 under 23.64%:% under 18, 90111 under 18, 741:1 under 
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. 8300, 8 780.00 1 15000.00 











1 
D 





1 D ' D 








2.00 1” 6000.00} 1.80 





1200.00 1 0,50 





14720.00 | 23,00 
9440.00 1 36.00 


3648.75 1 41,00 


13175,00 1 47.00 





204.00 ; 15,00 


6300.00 1000.00 


270,00 DEDE 00 | 


















1050.00 TS 00 : 





775.00 | Eds 00; 





5200.00 | 455.00 


' 
D 





660.00 : 15.00 


$83,535.25 i TOTAL: 


0.00211 over 
14,94113 under 





Toaco i Land 





i a 





2800.00 














770.00 1 








WUNIT COS: AMOUNT 


9 


' 








21120.00 | 34.3 








11520.00 i 17.27 





15980.00 1 64,79 








"510.00 | 19.65 3 


1 
D 


9.80 1 





49.20 


5100.00 


750.00 





6000.00 :1225.00 





1500.00 1525.00 


1 
1 


1000.00 11100.00 


510.0 





3720.0 


165,0 


$90 ,380.0 


0,0 
7.3 


0 


0i 


v1 


0 


o 
7% 


525, 00 





matë 





40.31 


TOTAL: 


XiX over 
1X under 








15.42 1 


17.08 





2.90 | 














19) 


3141.00 


5978.00 


216.40 





12300.00 


8700.00 


1200.00 


21977.60 


15126. 40 


4305.00 1 55.24 | 





5695.2 


22028.60 





668,10 


7350.00 


1525.00 





1100.00 








325.00 


4360.00 








450,01 


9.00 


0.00 


$114, 





9.00 








90.31 


14.56% 
9,00% 
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? BOARD OF PUBLIC WORKS and SAFETY 


INVITATION FOR BIDS/AWARD OF CONTRACT* 


(Non-Federally Assisted Construction) 











(See Gen. Prov) 


10 CALENDAR DAYS 
do 


ale 





LI 'BERCOË 
6015 HUGUEA 
2 NAN 





By: 
Itg 
pete FEB11 1987 


Bidder agrees to keep bid open for accep- 
tance for. (90 days unless 
othervise specified) 


Compliance 


0.C.2/85 
R nu. Non-Fed. 


*Rote: 





20 AR DA 
ya 
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PROJECT: |. LIBERTY DRIVE DRAINAGE IMPROVEMENTS Contract No. 
4] CONTENTS Resolution Ko 437-86 
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eS a Se eae EA eer 
TX ——CC 1/1 = 1A | Instructions to Bidders 
Lhe. > ooo c Us oe ae 
O a ae 
v ica Cue A e | metes Paste 
Ho oer oie | onan Affldeei: 
oe ae UP AD GEO I eer eee 
"IA SQ uus DNE I LE Certificate in Lieu of Financial State- 
Mud i O A | eee ee 
TX ts PB/1-PB/2| Specimen Form Payment Bond | 
TES EIA LADA be ss Specimen Form-Perfor. & Guaranty Bond 
XÉT er7i-ar 77] General Provisions 
Fs WS [Prevailing Wage Kates-State of Indiana 
Fis Special Project Specifications 
en ee nether orc 
ATTACHMENTS 

A E a ee ies Deere 
OT  Ç (General Specifications and Conditions 
DH a Ve TA AE AR AR Detail Standard Construction Standards 
RATA A pe tan a: 
=ar A ja edo: | 
ri -[ Rigbt-of-Way Cut Permit 
A n TN EGIT 
30M 00 Change Order - Specimen Fora 
Pr e a Uf Bard 

DISCOUNT for CALENDAR DAYS OTHER 

PROMPT PAYMENT xcd 1 








IS 30 


ACCEPTANCE OP BID/ARARD OP CONRACT 


¿CITY OF FORT WAYNE 
Board of Public Works € Safety 





CI FORT WAYNE 


Win Moses, Jr., Mayor 


AWARD 
Dat A dy A 
Award will be made on this fora pt 


Be 


FU 


ADVERTISEMENT FOR BIDS 
Construction Resolution 437-86 


The City of Fort Wayne, Allen County, Indiana, will receive sealed bids for 
construction, at Room 910, City-County Building, until 29:00 a.m., Eastern 
Standard Time, on the llth day of February ; 1987, at which time bids 
shall be publicly opened and read aloud. 


The Work for which bids will be received includes furnishing all labor, 


materials, and equipment for the construction of: LIBERTY DRIVE DRAINAGE IMPROVEMENTS 


Resolution No. 437-86. Consisting of: 


340 L.F. of 24" R.C.P. SEIZE, - OF S912 0 SF. 


105 L.F: of 21ER CER: E 8 EA Manholes 
B20 pF. of 15" RCP; ze 9 EA Inlets 
600 L.F. Of 124 RAGIP. and other related items. 


All work done in the making of the aforementioned public improvement shall 


be in accordance with the terms and conditions of the Resolution aforementioned 
and the plans, profiles, special provisions and specifications now on file 
in the Office of the Board of Public Works & Safety of said City all as provided 
for in an Act of the General Assembly of the State of Indiana, and in accordance 
with and pursuant to the provisions of all acts and amendatory tbereto and 
supplemental thereof passed by tbe General Assembly of the State of Indiana. 


The cost of said sewer improvement shall be paid by funds from Fort Wayne 1986 
Bond Issue. 


Assessments, if deferred, are to be paid in ten equal installments with interest 
at the rate of nine (9%) percent per annum as set by the Board of Public Works 


& Safety. 


The Contract Documents may be obtained from. the Board of Public Works & Safety, 
Room 920, City-County Building, at a non-refundable cost of : ($ 
50 ) Dollars. Checks for Contract Documents shall be made payable to the 
City of Fort Wayne; neither the Owner nor the Engineer will be responsible 
for full or partial sets of Contract Documents obtained from any other source. 


No bid will be accepted from, or Contract awarded to any person, firm or 
corporation that is in arrears to the City of Fort Wayne, Indiana upon any 
debt or Contract, or who has failed to execute, in whole or in part, in a 
satisfactory manner, any Contract with the City; or who is a defaulter as to 


surety or otherwise upon any obligation to the City of Fort Wayne, Indiana. 


No bid will be considered unless submitted on the printed Bid Form as bound 
into the Contract Documents. Each bid shall be accompanied by a Bid Security 
in an amount not less than Five (5%) percent of the Bid. 


SN 


No Bid may be vithdravn after the scheduled time for receipt of Bids for at 
least Sixty (60) days to allow review of Bids before announcing Award of 
Contract. The successful Bidder will be required to furnish a satisfactory 
Labor and Material Payment Bond and Performance Bond, each in the amount not 
less than One Hundred (100%) of the Contract Price. 


The Contract Documents contain all necessary information for Bidders. 


The Board reserves the right to reject any and all bids, to waive any and all 
informalities, to negotiate contract terms with the successful bidder, and 
the right to disregard all nonconforming, nonresponsive or conditional bids, 
if rejection or waiver is in the best interest of the project. 


Contractors and subcontractors are requied to pay not less than the prevailing 
wage rates established by the Indiana Department of Labor and included in the 
project specifications. Information explaining other prevailing wage laws, 
if applicable, are also contained in the project specifications. 


CITY OF FORT WAYNE, INDIANA 

Board of Public Works & Safety 

Baron R. Biedenweg, Director of Public Works 

Cosette R. Simon, Director of Administration & Finance 
Lawrence D. Consalvos, Director of Public Safety 


ATTEST: Helen V. Gochenour, Clerk 


PUBLISH: 
January 23, 1987 


(both newspapers) 
i ith January 30, 1987 


ANSTRUCTIONS TO BIDDERS 
Board of Public Works and Safety 
City of Fort Wayne, Indiana 


Resolution 437 19 86 
Non-Federally Punded Construction 


$ Submission of Bids. Sealed bids will be received 

by the Board of Public Works and Safety of the City of Fort 

Wayne, in the State of Indiana, hereinafter "The Board” until 

: o'clock JAM on the day of ruar , 1987 , at the 

dica of The Board in the City-County Building, at which time 

the bids will be publicly opened and read, for the folloving 
described work, as more fully set forth in the specifications: 


LIBERTY DRIVE DRAINAGE IMPROVEMENTS 
RESOLUTION 437-86 














2. inclusion of Clauses - IZ a clause in the Invitation 
for 8480s. (IFB) hasa box F) beside it, the clause applies 
to the LF? onlv if $t contains & check zark (VY) DECEM CX". 
Any questions as to whether a clause is included or not should 
be referred to The Board. 


3 uestions as to d Document. If a bidder “finés 
discrepancies in, or omissions from, the bid document or has 
questions about the project, he should at once contact the City 
Engineers. If the information requested or change made is 
substantive, The Board vill issue an amendment to the solici- 
tation and will send such amendment to all potential bidders who 
have procured an Invitation for Bid (IFB). The Board and the 
City will not be responsible for any oral instructions. 


4. Award of Contract (Timeliness, Responsiveness, Resoon- 
sibility). A contract resulting from the Invitation for Bids 
will be awarded to the lowest and best timely bidder whe is 
also responsive and responsible. If bids are otherwise ecual, 
award will be made to that bidder granting the largest prompt 
payment discount. 


5. Bid Recuirements. All bids shall be endorsed vith 
the title of the work, the name of the bidder, and the date 
of mailing or presentation. All bids shall be filed in the 
office of The Board on or before the day and hour set forth 
above and stated in the advertisement, and no bid received after 
that time will be accepted. The Board vill not accept eny late 
filing regardless of reason, including delays in the mail. 


O.C. 2/85 Ke N! 
B.O.W. Non-Fed 


All bids shall include the exact quantities of each 
item shown on the bidding forn for each section of the work, 
and unless the IFB othervise states, the total cost of the 
various sections shall be considered a lump sum bid. 


6. Examination of Bids For Responsiveness. After the 
bids are opened and read, The Board will examine them to deter- 
nine if they are responsive. In order to be responsive, the 
bidder must complete all blanks requiring completion, and must 
submit all information required to be submitted. Any alteration, 
erasure, or interlineation of the contract or the IFB may cause 
the bid to be deternined non-responsive. Proposals which ere 
unbalanced may also be determined non-responsive. 


However, The Board reserves the right to accept any 
bid, to reject any and. 211 bids, anë to waive defects or irregu- 
larities on any bid. 


rin Determination of Responsibility. Prior to awardine 
any contract pursuant to this Invitation for Bids, The Board 
will make a determination of responsibility. An award of a 
contract to a bidder shall constitute an affirmative determina- 
tion of responsibility. 


In reaching a determination of responsibility, The 
Boarë can consider among other factors: 


(a) The Contractor's record of integrity. 


(b) The Contractor's experience and past performance’ 
record in construction work. 


(c) The Contractor's financial status. 


(d). The. Contractor's capability to perforn the 
project. 

(e) Whether the bidder is in arrears upon or in 

default of any debt, contract or other obligation 
to the City of Fort Wayne. 


(f) Whether the bidder is debarred from Federal or 
City of Fort Wayne contracts. 


(g) The bidders record in MBE/WBE compliance. 


(h) Whether the bidder is engaged in litigation with 
the City of Fort Wayne. 


B.C. 2/85 I err 
B e O e H. Non-Fed 


Y Y " à 


In arriving at a determination of responsibility, 
The Board may institute a pre-award survey on any or all bid- 
ders. That pre-award survey may examine any of the consider- 
ations relating to a bidder's responsibility as set forth above. 
Bidders will cooperate with the pre-award survey team. Failure 
to cooperate can result in a finding of non-responsibility. 


O 8. Prequalification - In addition to being timely, respon- 
sive,and responsible, a bidder must also be prequalified by 
the State Department of Highways or by in 
order to be awarded a Contract. 





D. o e 5 Each bid must be acconpanied 
by & bond executed by the bidder and surety satisfactory to 
The Board, in a sum of Five percent (5 €) of the aggregate 
amount of the bid, but in no case less than $100.00; or the 
bidder may deposit with The Board in lieu of such bond, a 
certified check on a solvent bank in a sum cf fiye percent (58) 
of the aggregate bid or proposal, but in no case less than 
$100.00, which certified check shall be payable to the City of 
Fort Wayne. The bid bond or certified check shall serve as 2 
guarantee that should the said bid be accepted by The Board, the 
bidder will, within ten (10) days after the time he is notitied 
of the acceptance of the bid, enter into a contract with the City 
of Fort Wayne for the worx bid upon and give bond with surety to 
be approved by The Board, insuring the faitr*ul completion of the 
contract. 


In case a bid is not accepted, the obligation of the 
‘said bond shall be null and void and the certified check will 
be returned to the bidder, as the case may be. In case a bid 
is accepted, and the bidder does not enter into a contract with 
the City of Fort Wayne for the work bid upon within ten (10) 
days after notification of award, then the obligation of the 
bond or the certified check shall be forfeited to the City of 
Fort Wayne for ascertained and/or liquidated damages for failure 
to enter into a contract. Provided that, the City's action in 
forfeiting the bond or retaining the certified check shall not 
preclude the City from taking any further action egainst the 
contractor to recover for all actual damage, the City has 
suffered. 


10... Sworn Experience Qvestionnaire, Plan and Foripnent 


Qvestionnaire and Contractor's Financial Statement (962). zach 
bidder will submit with and as part of its bid: (a) A complete 


Form 96A under oath; or (b) Kave a complete Form 96A on file 
with The Board which shall be less than one year old in which 
case the bidder can instead submit a Certificate in Lieu of 
Financial Statement. 


O.C. 2/85 E eer aS 
B.O.W. Non-Fed 


(ER 


11. Execution of Additional Bid Documents. In addition 


to all documents previously mentioned as having to be executed 
and submitted as part of the bid, each bidder will be required 
as part of its bid to execute and submit the following documents 
as specified below: 


XX (a) Non-Collusion Affidavit 
(b) Prequalification Statement 


Ex (c) WBE/MBE Commitment, Pages 15-16 
TX (d) Minority/Female Hourly Employment Requirements 17-18 
Xx (e) Apartheid Policy (Vendor's Certificate) 


12. Brand Name or Equal-Specified Materials or Equal. 
Where, in the specifications, one or more specified materials, 


trade names, or articles of certain manufacture are mentioned, 
it is done for the purpose of establishing a basis of durability 
and proficiency, and not for the purpose of limiting compe- 
tition. The bidder can submit other names of materials and, if, 
the Director of the Board determines that, they are equal in 
durability and sufficiency to those mentioned and of a design in 


harmony with the work as outlined, then the bid vill be accepted 


as responsive. However, if the Director of the Board determines 
that such materials are not equal, then the bid may be rejected 
as non-responsive. Consequently, bidders are advised to submit 
any such request for changes or deviations in materials to the 
Director of The Board prior to submitting bids. Any approval of 
deviation will be by written amendment to the solicitation and 
will be submitted to all bidders who have obtained IFBs. 


13. Minority Business Enterprise/Women Business Enterprise 
Requirements. e 
(CONSTRUCTION) 


It da'the policy of the, City of Fort Wayne that 
Minority Business Enterprises and Women Business Enterprises 
should participate to the greatest extent possible consistent 
with the State Law in Procurement Contracts awarded by the City 
of Fort Wayne. 


In order to. fulfill. this policy, the City of Fort 
Wayne has adopted General Ordinance G-16-84 (Chapter 7 of the 
Code of the City of Fort Wayne) which sets participation goals 
for procurement contracts of at least 7% for Minority Business 
Enterprises and at least 2% for Women Business Enterprises. 
To meet the participation goals, a Minority Business Enterprise 
may be either a prime contractor, sub-contractor, or a joint 
venture. 


oC 2/85 I- 4 
B.O.W. Non-Fed 


Minority Business Enterprise (MBE) is a business cf 
which at least 51% is owned: and controlled by minority group 
nenbers. ("Minority" means Black, Hispanic, American 
Asian, Pacific Islander, and Alaskan Native). The minority 
owners must exercise actual day-to-day management, as vell as 
actively participate in management and policy decisions affecting 
the business. The contribution of capital, equipment or exper- 
tise made by the minority owners must be real, substantiated and 
documented. 


Women Business Enterprise (WBE) is a business of which 
at least 51% is owned and controlled by women. The women owners 
must excercise actual day-to-day management, as well eas actively 
participate in management and policy decisions affecting the 
business. The contribution of capital, equipment or expertise 
made by the women owners must be real, substantiated and docu- 
nented. 


The contract for which this proposel/bid is prepered 
is governed by the MBE/WBE Ordinance. This form must be com- 
pleted in order to be responsive to this IFB/RFP. If she 
participation goal of 7% for MBE and 2% for WBE ere not met or 
exceeded in your bid or proposal, the reasons for this failure 
and reasonableness and good faith of efforts to meet this coal 
shall be evaluated in determining whether the bidder/offeror is 
responsible. ; 


A list of possible MBE/WBE contractors/suppliers are on 
file in the Compliance Office, Room 800, City-County Building, 
for Contractor review. : : > j 


TEE FOLLOWING IS TEE UNDERSIGNED'S COMMITMENT TO TEE MBE/RBE 
GOALS OF TEE CITY FOR WORK DONE PURSUANT TO TEIS CONTRACT: 


The undersigned firm certifies that it is en 
MBE/WBE Contractor (cross out inapplicable pro- 
vision). 


A. 





For MBE. specify percentage of minority ownership 


e 





For WBE specify percentage of wonen ownership 
4. 





B. The undersigned certifies that they sre a joint 
venture in which the following (MBE/WBE) firn 

(cross put inapplicable provision) is 
a joint venture partner. 


0.0, 2/85 . 4a 709 7.5 
B.0.W. Non-Fed 


D. 


The MBE/WBE firm (cross out inapplicable pro- 


vision) shall have X participation (en- 
ployees) $ participation (costs) in this 
project. 


Specify the percentage of ninority/wonen ownership 
in the MBE/WBE fira $. (cross out inappli- 
cable provision) 


The undersigned commits $ of the total bid price 
as a subcontract to minority business enterprise parti- 
cipation. The MBE firms which are proposed as subcon- 
tractors are the following: 


T E "E 


The undersigned commits X _Y of the total bid price 
as a subcontract to women business enterprise participa- 
tion. The WBE firms which are proposed as subcontractors 
are the following: 


Nene of Firm Address . t Type of Work 

as Jy 3 .. é Hi T eg 

2 TA A ET 

Se = = 
Complete (1) and (2) below if participation goals 
of 7% MBE and 2% WBE have not been met. à 


ae My Company cannot meet the participation 
goals for the following reasons: 











—_—_— ee ll ll9)98)8)l)l)l)lYVe 





2. We have taken the following steps in an 
attempt to conply with these participation 
goals: 





BERCOT, INC. Tattach additional sheets as necessary) 


6015 HUGUENARD ROA 








FORT WAYNE, INDIANA 46 LLL. Contractor 
"ns deu e, ES 


rts 
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E f k 


14. e 

The City's policy is to encourage a greater utili at 
minority and/or female employees in city Eee eo ied 
The Board has, therefore, adopted a minimm goal of 17% of the 
total work hours on each project to be expended by ninority 
and/or female employees. ("Minority" shall include: Blacks 
cr Asian, Pacific Islander, American Indian or Alaskan 
Native. 


The bidder shall state in "A" below the percent 

work hours which the bidder and his M ey 
and utilize women and minority employees on this project. If a 
contract is awarded as a result of this bid, the percentage 
figure set forth in "A" shall become contractually binding on the 
bidder. The successful bidder will also be required to prepare 
reports for the City demonstrating compliance with this percen- 
tage and will allow city officials access to his records 
facilities and work site and to those of his subcontractors to 
determine compliance. 


The bidder must fill in the required blanks in this cleuse in 
order to be responsive to this IFB. If the bidder does not 
meet or exceed the hourly utilization goal of 17% ninoritv/te- 
male participation, the reasons for this failure and rezson- 
ableness and good faith of efforts to neet this goal shall be 
evaluated to determine vhether the bidder is responsible. ' 


THE FOLLOWING IS TEE UNDERSIGNED'S COMMITMENT TO MINORITY/FZYALE 
HOURLY UTILIZATION. : 


À. The undersigned firn certifies that it will employ 
and utilize minorities and females and/or will ensure that its 
subcontractors employ and utilize minorities and females so 
that minorities and females will work at least /7/% of the tot 
hours worked on this project. 


B. Complete (i) and (2) below if the hourly dió 
figure set forth in "A" is less than 27%. 


1. My Company and its subcontractors cennot meet 
the 17% minimum hourly utilization figure for “the 
following reasons: 














D.C..2/B5 à feo 
B.O.W. Non-Fed 


Lë f A 


2. My Company has taken the following steps 
to comply with the 17% hourly utilization n ca curi 4 


OE HEIL ALAS SL CHINE UT VEMM E ee AN TN 
S NU OWN MM RUE, econ E NAR T RE ET OR 
FO is Cue Dix coa E Am A CO Oe e LE NR CM 
"(attach additional sheets if necessary) —— ——— — ——— —' 


(attach additional NES f pecessary) 


IT e 


be AS d 
6015 HUGUENARD ROAD 


sig ci M 
Contractor FORT WAYNE, INDIANA 46808 





215; e red Preva Wac a e ts a suant 
tc India Code 5-6-7-1. All contractors anë subcontractors 
working on the project awarded pursuant to this contract shall 
pay the prevailing wage rates for skilled, seri-skilled end 
unskilled laborers, workmen and mechanics. This wage deterrin- 
ation hes been made in accordance with the procedures Bet forth 
in Indiana Code 5-16-7-1. This determination ang the reouired 
wage rates are available for examination bv any prospective 
bidder at The Board of Public Works and Safety, 9th Floor, 
City-County Building, Fort Wayne, Indiana. . 


If a bidder is awarded a contract as a result of this Invitation 
for Bids, he/she/it shall file a scħecule of wages, on forms 
provided by the City of Fort Wayne, Gemonstrating compliznce 
“with the wage rate deterrination. The success*“ul prime con- 
tractor shall be responsible for obtaining schedules “ron 2112 
subcontractors. All schedules shall be filed before the con- 
tractor commences any work on the project. ; 


Penalties for failure.to pay the prevailing vage rate ere set 
forth in Indiana Code 5-16-7-3. 


16. Site Orientation. A site orientation (will/will not) 
be conducted by the City Engineers. If such en orientation 
is conducted, it will be held on the day of AR 
commencing at o'clock  .M. at the site of the project.  ^— 


Regardless of whether a site orientation jis conducted 
or not, bidders are required to visit the site of the work, 
and inform themselves fully of the conditions, under which the 
work will be performed. The bidders shall be responsible for all 
conditions that affect. the work, including, but not limited to 
all sub-surface conditions. 


O.C. 2/85 T. pes OT 
B.O.W. Non-Fed 


) 


(1017. Pre-Bid Conference, The Board vill hold a prebid 
conference to familiarize prospective bidders with the terms cf 
the IFB and proposed contract, and to ansver any questions. This 
conference will be held on February 4.1927, at : 

(date) (tina) 
7th Floor, City/Co._Bldg or at such date, tine, and place as The 
(place) 
Board subsequently determines. If the date and time cf the 
prebid conference is not set forth herein, The Board vill notify 
all prospective bidders vho have picked up bid packages of the 
date, time, and place of the conferenca. 


18. Performance Bond. The successful bidder, at the time 
of signing the contract vill be required, at his ovn expense, 
to furnish a bond guaranteeing faithful execution of the con- 
tract, in full amount of the contract price, executed by the 
bidder and a suraty to be approved by The Board, on the bond form 
headed by The Board. The Performance Bond shall contain the 
following clause: "The said Surety, for value received, hereby 
stipulates and agrees, that no change, extension of tine, 
alteration or addition to the terms of tbe contract or to the 
work to be performed thereunder, or the specifications accon- 
panying the same, shall in any way effect its obligation on this 
bond, and it does hereby waive notice of any change, extension of 
time, alteration or addition to the terms of the contract, or to 
the work or specification." 


19. Additional Bonds. If a bidder is awarded a contract he 
will also be required to execute with surety, satisfactory to The 


: Board; E ce 
Wa. . Payment Bond. In the amount of payment to be made 
under the contract. . 
fxs. Warranty Bond. In the amount of the contract 
warrantying the contractor's performance of æ 
period of one year after the date of the City's 
acceptance. sar 


20 Co d Ra a 
This agreement, although executed on behalf of the Owner by 


the Mayor and The Board, shall not be binding upon the Owner 
unless, and until, the contract has been ratified and approved by 
the Common Council of the City of Fort Wayne, Indiene. and if 
the Common Council fails to approve the contract within ninety 
days after the date of bid opening, then the Contractors shall not 
be bound to the contract unless he/she/it elects to be so bound. 


21. Method co v - The contract resulting 
from this IFB will be awarded: . 
> on an all or none basis. 
[4 ^B. As follows: 
ABA mu ee rd AA RSS A RE IO E o nius. Sa E 
X Ae ge. DUE MR ANDR qe SAI E A E ual ct aM aM 1. JL ee: 
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SCHEDULE 
Board of Public Works & Safety 


The Contractor agrees to furnish at his/her/its own cost all labor, insurance, 
materials, equipment and power for the complete performance of the folloving 


project: 


LLL —LIBERTA-DRIVE-DRATNAGE-IMPROVEHENTS- Resolution 427-86 —————— 
A A A A A A 


e nnn aa 


All work will be performed in accordance with: Resolution $1375 5%, the LFB; 
this contract and the applicable plans, specifications and drawings for a 
TOTAL PRICE OF $ . (If unit prices are applicable, the contractor 
agrees to perform for those unit prices as set forth in the Schedule of Unit 


Prices attached hereto.) 


The work shall be commenced within ten (10) days after the Board issues a 
written "Notice to Proceed". All work shall be completed within 120 

days after issuance of the Notice to Proceed. Those days which the contractor 
cannot work because of severely inclement weather shall not be counted. 






Liquidated Damages Provision. (This clause shall be applicable to this 
contract only if the box contains a cbeckmark or an "X",) It is hereby agreed 
by and between the City of Fort Wayne and Contractor that time is of the 
essence of this agreement and the contractor agrees that it will complete 
the project as herein defined on or before days after issuance of the 
Notice to Proceed. The parties agree that it is a business and governmental 
necessity that the project be completed by this date, that it will be difficult 
or impossible to make an accurate determination of the damages that would 
be incurred by the City of Fort Wayne, and therefore, provide for liqudiated 





damages in the sum of $ E per day for each and everyday after days 
after issuance of the Notice to Proceed tbat the project remains uncompleted. 
The parties agree that the sum of $ per day is a reasonable estimate 


as to the damages which would be incurred by the City of Fort Wayne. The 
parties further agree that causes beyond the control of the contractor may 
delay the completion date. Therefore, the parties agree that delays in the 
completion day beyond the control of tbe contractor shall not result in 


liquidated damages. 


Delays beyond the control of the contractor can include but are not necessarily 
limited to, the following: Acts of God, strikes, lockouts or industrial 
disturbances, acts of public enemies, restraining orders of any kind by the 
government of the United States of America or of the State of Indiana or 
any of their departments, agencies, or officials, or any civil or military 
authority, insurrections, riots, landslides, earthquakes, fires, incapacitating 
storms, floods, and explosions. 


©. C. 2/85 


BOW/Non-Fed. 


IN WITNESS WHEREOF, the bidder(s) (a firm) by its Owner(s) named below, hereunto 
set their hand(s) and seal(s) this day of » 198 


Firm Name: 


By: 





IN TESTIMONY WHEREOF, the bidder(s) (a corporation) has caused this proposal / 


to be signed by its Pë pe Secretary and affixed its corporate sezí 
this day of FEB 1 8 » 198 E i 


“BERCOT, INC. 


6015 HUGUEN 
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PROJECT NAME: LIBERTY DRIVE DRAINAGE IMPROVEMENTS - Resolution 437-86 . SI/1 


N 


ra 
pe) 


ST des je te 


UNIT UNIT PRICE EXTENSION 


Special backfill so so js]. 2225127 
Special backfill #73 or #53 350+ CYS el 34500 
Compacted aggregate for surface #73 103CYS OO 
zosTon — | 35.001 £750bo 
zosis | 24% |  £022|20 
1500:8YS 20 
etu | (F22| /s20l00 


DESCRIPTION 


Bituminous base #5 
Sealcoat Type 6 
Mulched seeding 
12 E.P. UE V 


15" R.C.P. CL. IV 320+ LF | WOE |  2720|20 
21" RF. p: DL. IV 105+ LF | ALPEN Ara pe 


24" R.C.P. CL. III 340+ LF j po | | 7f2oleo 
12" C.S.P., 0.064 In. thick 34: LF ESSA Z4 |00 
M.H. Type "I-A" 6 + EA | Kt222| 5192199 
M.H. Type "I-A" | 1+ EA “722.291 /400\00 
1+ EA | 452.991 fleo 


h Y 


12 EA 2500 100 
em | SIS zo feodel 
10" D.I. Pipe CL. 50 11+ LF IS_O0 20 


IN 


S 
Y 


CONSTRUCTION COST TOTAL ^ 


NOTE I: 
“use this form, if Cashier's Check or Certified Check accompanies bid: 


Enclosed, herevith, find Cashier's or Certified Check for $ being 
10% of the maximum bid herein, made payable to: 


City of Fort Wayne, Indiana 


the proceeds of which are to remain the absolute property of said City, if 


Bidder 


shall not within 10 days after Notice of acceptance of the vithin bid, enter into 
a written contract, and secure said contract by a bond, for the full amount of 
the contract to the approval of the proper officials of said City. 





NOTE 2: 


Use this form, if Bidder's Bond in an amount equal to Five (5%) percent of maximum 
bid herein, subject to the approval of the Board of Public Works & Safety, 
conditioned as follovs: 

C That if the Board of Public vorks & Safety shall award ABERCOT eno 
FORT WAYNE, INDIANA 46808 





the contract for said work, and if 


BERCOT, INC.“ 
6015 Hil 
FORT WAYNE, INDIANA 46808 


shall enter into a contract and furnish a 100% performance bond as required 
within ten (10) says from the date, he/she/it is notified of the acceptance 
of his/her/its bid, then the obligation of said bond shall be null and void, 
otherwise, to remain in full force and effect. 


NON-COLLUSION AFFIDAVIT 


The Bidder, by its Officers and o 07€ 2 


agents or representatives present at the time of filing this bid, being duly 
sworn on their oaths, say that neither they nor any of them have in any way, 
directly or indirectly, entered into any arrangement or agreement with any 
other bidder, or with any public officer of such City of Fort Wayne, Indiana, 
whereby such affiant or affiants or either of them, has paid or is to pay to 
such other bidder or public officer any sum of money, or has given or is to 
give such bidder or public officer anything of value whatever or such affiant 
or affiants or either of them has not directly or indirectly, entered into 
any arrangement or agreement with any other bidder or bidders, which tends 
to or does lessen or destroy free competition in the letting of the contract 
sought for by the attached bids, that no inducement of any form or character 
other than that which appears upon the face of the bid will be suggested, 
offered, paid or delivered to any person whomsoever to influence the acceptance 
of the said bid or awarding of the contract, nor has this bidder any agreement 
or understanding of any kind whatsoever, with any person whomsoever to pày., 
deliver to, or share with any other person in any way or manner, any of the 


proceeds of the contract sought by this bid. 











Subscribed and sworn to b e me by 
this day of FEB TI 198858 : 


ee ee ee 
amaA 


My Commision Expires: 
Notary Public 


SEP -4 1987 l Resident of County, . 


Subscribed and sworn to before me by 
this day of , 198 5 








My Commission Expires: 
Notary Public 


Resident of County 


E iS Ee 

kukkkkkkk ku kk KA KARA 
Subscribed and sworn to before me 
by this day of , 
198 E 


My Commission Expires: 
Notary Public 


Résident of County 


NCA-1 


CERTIFICATE IN LIEU OF FINANCIAL STATEMENT 








Ts » the 
of 7 BERCOT, INC. 
Leg. e FORT WAYNE, INDIANS ea 
hereby certify: 
lë at the Financia Statement of said company, dated the I day of 


19 , now on file in the office of the Board of Public 


Works & Safety is by reference incorporated herein and made a part hereof, 
is a true and correct statement and accurately reflects the financial 


condition of said company as of the date hereof: 


1 


2. That I am familiar vith the books of said Company shoving its (financial) 
condition and am authorized to make this certificate on its behalf. , 












Sighature 


Title 


in and for said County 


Subscribed and svorn to PEB me ËT, Notary Public, 
FERIT BI 19s. —. 


and State this day of FEBLI 130/ 






“Notary Public 
Resident of 


My Commission Expires: 


LI BED. iac |!” amen 


FS - 1 

















BOONE OVOP OVOP OVO RAI TRI KSI - 


"AMERICAN STATES INSURANCE COMPANY 


INDIANAPOLIS, INDIANA 













BID OR PROPOSAL BOND 


Know all Men by these Presents, 





That we, BERCOT, INC. 


au uu uu Ee Fort Wayne, Indiana 46818 (hereinafter called the Principal), 


as Principal, and AMERICAN STATES INSURANCE COMPANY (hereinafter called the 


(hereinafter called the Obligee) in the penal sum of (FENE ERPENT- OP THE CAMBUNT BID 











Dollars (8. 2277982223 for the payment of which the Principal 





and the Surety bind themselves, their heirs, executors, administrators, successors and assigns, jointly 







and severally, firmly by these presents. 





SIGNED and SEALED this... 11th — deu POUT MARY a Ay 19...87 







THE CONDITION OF THIS OBLIGATION IS SUCH, That, whereas the Principal 






has submitted or is about to submit a proposal to the Obligee on a contract for... 


LIBERTY DRIVE DRAINAGE IMPROVEMENTS 
io RE SA Ld RESULUTIUN 437-1985 fF ee 










NOW, THEREFORE, if the said contract be timely awarded to the Principal and the Princi- 
pal shall, within such time as may be specified, enter into the contract in writing, and give bond, if 
bond be required, with surety acceptable to the Obligee for the faithful performance of the said con- 
tract, then this obligation shall be void; otherwise to remain in full force and effect. 

BERCOT, INC. 















AN STATES JNSU D 
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GENERAL POWER OF ATTORNEY 


American States Insurance Company 
ATË a E INDIANAPOLIS, INDIANA 


KNOW ALL MEN BY THESE PRESENTS, that American States Insurance Company, a Corporation duly organized and existing under the 
laws of the State of Indiana, and having its principal office in the City of Indianapolis, Indiana, hath made, constituted and appointed, and does by 


these presents make, constitute and SDpOI S I M Me c wei ec MU tec we EM MNA T ce METERS M 








(Jointly or Severally) 





al Fort Wayne and Statali Indiana 
its true and lawful Attorney(s)-in-Fact, with full power and authority hereby conferred in its name, place and stead, to execute, acknowledge and 








deliver any and all bonds, recognizances, contracts of indemnity and other conditional or obligatory undertakings, rovided, 


however, that the penal sum of any one such instrument executed hereunder shall 





not exceed ONE HUNDRED FIFTY THOUSAND AND NO/100 ($150,000.00) DOLLARS ----------- 


and to bind the Corporation thereby as fully and to the same extent as if such bonds were signed by the President, sealed with the common seal of 
the Corporation and duly attested by its Secretary, hereby ratifying and confirming all that the said Attorney(s)-in-Fact may do in the premises. This 
Power of Attorney is executed and may be revoked pursuant to and by authority granted by Section 7.07 of the By-Laws of the American States 
Insurance Company, which reads as follows: 
“The Chairman of the Board, the President or any Vice-President shall have power, by and with the concurrence with the 
Secretary or any Assistant Secretary of the Corporation, to appoint Resident Vice-Presidents, Resident Assistant Secretaries 
and Attorneys-in-Fact as the business of the Corporation may require or to authorize any one of such persons to execute, on 
behalf of the Corporation, any bonds, recognizances. stipulations and undertakings, whether by way of surety or otherwise" 
IN WITNESS WHEREOF, American States Insurance Company has caused these presents to be signed by its Vice-President, attested by its 





Assistant Secretary and its corporate seal to be hereto affixed this 26th — € day of June 


A.D.19 86  , AMERIC S INSURANCE C NY, 
nd beget lal 
La. I emen x : 








ATTEST: Assistant Vice-President 


STATE OF INDIANA } SS: 
COUNTY OF MARION ' 





Assistant Secretary 


Onis 20th = < day of June d AnD, 19862. before me personally came 





a bel , to me known, who 
being by me duly sworn, acknowledged the execution of the above instrument and did depose and say; that he is a Vice-President of American 
States Insurance Company; that he knows the seal of said Corporation: that the seal affixed to the said instrument is such corporate seal; that it was 
so affixed by authority of the Board of Directors of said Corporation; and that he signed his name thereto under like authority. And said 


further said that he is acquainted with Dan W. Guio and knows him to be the 
Assistant Secretary of said Corporation; and that he executed the above instrument. 














N MISSION EXPIRES 
February 5, 19252 MEE 5 ASCO ; 
My Commission Expires Notary Public 


STATE OF INDIANA } Ss: 
COUNTY OF MARION E 


¡Dan W. Gulo the Assistant Secretary of AMERICAN STATES INSURANCE COMPANY. do hereby certify that 
the above and foregoing is a true and correct copy of a Power of Attorney, executed by said AMERICAN STATES INSURANCE COMPANY, which 
is still in full force and effect. 

This Certificate may be signed and sealed by facsimile under and by the authority of Section 8.03 of the By-Laws of AMERICAN STATES 
INSURANCE COMPANY which reads as follows: 

“All policies and other instruments of insurance issued by the Corporation shall be Signed on behalf of the Corporation by the 
president or a vice-president and the secretary or an assistant secretary, whose signatures, if the instrument is duly 
countersigned by an authorized representative of the Corporation, may be facsimiles. Such Signatures and facsimiles thereof 
shall be authorized and binding upon the Corporation notwithstanding the fact that any such officer shall have ceased to be such 
officer at the time such policy or other instrument of insurance shall have been actually issued by the Corporation." 


In witness whereof, | have hereunto set my hand and affixed the seal of said Corporation, this zë LE 7 day of February : 


Aug 5- 
(SEAL) 


Form 9-:459 (8-80) Assistant Secretary 





SPECIMEN FORM 
PAYMENT BOND 


KNOW ALL MEN BY THESE PRESENTS, THAT: 


(Name of Contractor) 


(Address of Contractor) 


(Corporation, Partnership or Individual) 


hereinafter called Principal and A eee: 2 
Name of Surety - 


and duly authorized to transact business in the State of Indiana, hereinafter 
called Surety, are held and firmly bound unto the City of Fort Wayne, an Indiana 
Municipal Corporation in the penal sum of ($ ) Dollarë, 
(value of work) for the payment whereof well and truly to be made, the Principal 
and the Surety bind themselves, their heirs, executors, administrators, 
successors and assigns, jointly and severally, firmly by these presents. 


THE CONDITION OF THIS OBLIGATION is such that whereas, the Principal entered 
into a certain contract with the Owner, dated the day of 
198 , for the construction of: ; E SË MEER 


LIBERTY DRIVE DRAINAGE IMPROVEMENTS. - Resolution No. 437-86 


all according to Fort Wayne Water Pollution Control Engineering Department 
Drawing No. 11177 , Sheets 1 through 4 and special provisions, and 
according to the City of Fort Wayne's Specifications and Standard Drawings 
and Addenda, adopted 23 July 1980. 


WHEREAS, said Surety for value received, hereby stipulates and agrees that 
no change, extension of time, alteration, or addition to the terms of the 
contract or to the work to be performed thereunder, or the specifications 
accompanying the same, shall in any way affect its obligation on this bond, 
and it does hereby waive notice of any such change, extension of time, alteration 
or addition to the terms of the contract, or to the work or to the 


specifications, and, 


WHEREAS, no final settlement between the Owner and the contractor shall abridge 
the right of any beneficiary hereunder, whose claim may be unsatisfied. 


NOW, THEREFORE, if the principal shall promptly make payment to all persons, 
firms, subcontractors, and corporations furnishing materials for or performing 
labor in the prosecution of the work provided for in such contract, and any 


authorized extension or modification thereof, including all amounts due for 
materials, lubricants, oil, gasoline, coal and coke, repairs on machinery, 
equipment and tools, consumed or used in connection with the construction of 
such work, and all insurance premiums on said work, and for all labor, performed 
in such work, whether by subcontractor or otherwise, then this obligation shall 
be void; otherwise to remain in full force and effect. 


IN WITNESS WHEREOF, this instrument is executed in three (3) counterparts each 
one of which shall be deemed an original, this day of 198 E 

















ATTEST: 
Principal Secretary Principal 
[SEAL] A DN ERO i BEEN NÓ E 
Address 
Witness as to Principal 
Surety 
ATTEST: 
Attorney-in-Fact 
Surety Secretary 
[SEAL] 
Address 


Witness as to Surety 








Address 





NOTE: Date of Bond must not be prior to date of Contract 
If contractor is partnership, all partners should 


execute bond 


PB=2 


SPECIMEN FORM 
PERFORMANCE BOND 


KNOW ALL MEN BY THESE PRESENTS, THAT: 
Name of Contractor 
Address of Contractor 


Corporation, Partnership, Individual 


hereinafter called Principal, and 
Name of Surety 


Address of Surety 


and duly authorized to transact business in the State of Indiana, hereinafter 
called Surety, are held firmly bound unto the City of Fort Wayne, Indiana, 
an Indiana Municipal Corporation in the penal sum of ($ ) Dollars 
(value of work) for the payment whereof heirs, executors, administrators, 
successors and assigns, jointly and severally firmly by these presents. 


The condition of the foregoing obligation is such that: 


WHEREAS, the principal entered into certain contract with the City, dated the 
day of 98 for the construction of the 








LIBERTY DRIVE DRAINAGE IMPROVEHENTS - Resolution No. 437 - 86 


all according to Fort Wayne Water Pollution Control Engineering Department 
Drawing No. SY- , Sheet(s) 1 through 4 , and special provisions 
and according to the City of Fort Wayne's Specifications and Standard Dravings 
and Addenda and contained herein. 


WHEREAS, said Surety, for value received, hereby stipulates and agrees that 
no change, extension of time, alteration, or addition to the terms of the 
contract or to the work to be performed thereunder, or the specifications 
accompanying the same, shall in any way affect its obligation on this bond, 
and it does hereby waive notice of any such change, extension of time, alteration 
or addition to the terms of the contract, or to the work or to the 
specifications, and, 

WHEREAS, no final settlement between the City and the Contractor shall abridge 
the right of any beneficiary hereunder, whose claim may be unsatisfied. 


NOW, THERFORE, if the principal shall well, truly and faithfully perform its 
duties , all the undertakings, covenants, terms, conditions, and agreements 
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of said contract during the original term thereof, and any extensions thereof 
which may be granted by the Owner, with or without notice to the surety and 
during the one year guaranty períod and if he shall satisfy all claims and 
demands incurred under such contract, and shall fully indemnify and save 
harmless the Owner from all costs and damages which it may suffer by reason 
of failure to do so, and shall reimburse and repay the Owner all outlay and 
expense which the Owner may incur in making good any default, then this 
obligation shall be void; otherwise to remain in full force and effect. 


IN WITNESS WHEREOF, this instrument is executed in three (3) counterparts, 
each one of which shall be deemed an original, this day of 1987 


ATTEST: 














Principal 
Principal Secretary By: 
[SEAL] 
Witness as to Principal Address 
Address 

Surety 
ATTEST: 
Surety's Secretary 
[SEAL] 
Witness as to Surety Attorney-in-Fact 
Address Address 








NOTE: Date of Bond must not be prior to date of Contract. 
If Contractor is partnership, all partners should 


execute bond. 


GENERAL PROVISIONS* 
Board of Public Works and Safety 
(Non-Federally Funded) 


X. Time and Progress. Time is of the essence of this 
contract. The contractor shall begin promptly after receipt 
of a written notices to proceed, and in no case later than ten 
(10) days after such receipt. He/she/it shall prosecute the 
work in such a manner as to cause no unnecessary delays. The 
time of beginning, rate of progress and tine of completion are 
all essential elements of this contract. 


2. Payment. The Contractor will submit requests for 
payment on a claim form prescribed by the City, and attach 
to that claim form, his invoices for the work perforzed and 
accepted. 


E: Progress Payments and Retainace. The contractor 
may ‘submit requests for payments no more often than every thirty 
(30) days for work performed and .accepted under this contract. 
If the contractor is in compliance with the provisions of this 
agreement, The Board will make payments for such work performed 
and completed, provided, however, that in any such case The Board 
will retain © 3 (ten percent (10%) if not otherwise specified) 
o£ the total amount owing to insure satisfactory completion of 
the contract. Upon final inspection and acceptance cf “his 
contract, the contractor will be paid in full. However, if this 
contract is in excess of $100,000, this contract will be subject 
to an escrow agreement as provided in I.C. 5-16-5.5-1 end the 
standard Board of Works escrow agreement. When this project is 

& (50% if.not otherwise specified) complete and the work has 
been promptly and properly executed, The Board, at its option, 
cen waive or, reduce the retainage requirement. 


4. Inspection. The Board, the City Engineers, officials 
of the Office of Compliance of the City of Fort Wayne, and any 
other City officials designated by The Board shall have access 
to the work sites and contractors! records at all reasoneble 
times for inspection of the work performed under and in con- 
pliance with this agreement. 


Any inspection or failure to inspect by The Board or City does 
not relieve the. contractor of the obligation to comply with 
all provisions of this agreement. : > 


*NOTE: Those clauses of the General Provisions with the 
following box beside it -[) ‘will be applicable to the 
contract only if the box has a checkmark or "x" in it. 
Any question about the applicability of a General 
Provision should be brought to the attention of 
The Board. 
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5. Warranty. The contractor fully warrants his work 
for one (1) year after acceptance by The Board, and shall renedy 
at the contractor's own expense, any defects or problems occur- 
ring during that one-year period. In addition, The Board and the 
City shall be furnished with all manufacturer's and supplier's 
written guaranties and warranties covering materials and equip- 
ment furnished under the contract. : 


6. Termination for Convenience. The Board can terninate 


this agreement for the convenience of The Board at any time by 
providing a written notice to the contractor. If the agreement 
is terminated by The Board pursuant to this clause, the contract- 
or will be paid only for the work performed up to the termination 
date. In the event of termination pursuant to this clause, all 
work, including any finished or unfinished documents, data, 
studies and reports prepared by the contractor pursuant to 
this agreement shall become the property of The Board of the City 
of Fort Wayne. 


ve erm Btio o efault. If the contractor shall 
fail to fulfill its obligations under this agreement in a timely 
and proper manner, The Board shall have the right to terminate 
this agreement for default, by written notice. If this agreement 
is terminated pursuant to this clause, The Board is not required 
to advance any further payments to the contractor. In the event 
of termination, all work, including finished or unfinished 
Gocuments, data, studies, surveys and reports prepared by the 
contractor shall become The Board's property. Termination 
pursuant to this clause is not The Board's exclusive remedy end 
“will not prejudice the right of The Board to take any other legal. 
action against the contractor. . : 


B. Chances. The Board nay, at any time, by written order, 
make changes within the general scope of this agreement. If 
any such change results in an increase or decrease in the cost 
of performance, time of performance, or any other material. 
provision under this contract, The Board shall make an equitable 
adjustment in the contract price, time of performance, or other 
provision. Any claim by the contractor for adjustment under this 
clause shall be submitted to The Board in writing within thirty 
(30) days after the issuance of the change order. A11 such 
change orders and resultant compensation shall be incorporated as 
written modifications to this contract. Any dispute as to an 
equitable adjustment shall be referred to the Director of The 
Board for his final determination, pursuant to the disputes 
Clause of this contract; provided, however, that the contractor 
will proceed with the work. as changed, even if there is a 


dispute. . l : * 
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9. àssignability. The contractor shall not assign or 
transfer any interest in this agreement, including by assigrment 
or novation without the prior written consent of Tha Board, 


10. Sub-contracting. None of the services covered by 
this agreement shall be sub-contracted or contracted out without 
the prior written consent of The Board. No subcontracts will 
be awarded to contractors who have been debarred or suspended 
from doing work for the City of Fort Wayne or federally-assisted 
contracts. : 


11. New Quality Materials. All materials used by the 
contractor in the performance of this contract will, unless 
otherwise specified in writing, be new, of a merchantable 
quality, and in no case less than the quality required by the 
specifications. 


p» dm ts a cenges. The contractor shall secure 
at his/her/its own expense all permits and licenses necessary 
to the performance of the contract. Failure to secure a neces- 
sary permit or license shall constitute grounds for terrination 
of the contract. 


13. Contracter's Insurance. The contractor shall obtain 
and pay premiums for such public liability insurance, prop 


erty 
damage insurance, and workmen's compensation as vill Sulay 
protect it from claims under the Indiana Workmen's Compensation 
Act and from any other claims for damages to persons not covered 
by that Act because of bodily injury, including death which 
may arise from, or during the performance of the work described 
in this contract. The City shall be named as an additional 
insured on each such policy. Proof of all such insurance shall 
be presented to The Board. The contractor further agrees that it 
will indemnify and hold The Board and the City of Port Weyne 
harmless from any loss, damage, liability, cost or expenses 
incurred by the contractor, any of its agents, employees and 
-sub-contractors, in the performance of this contract, as well as 
the.failure of the contractor or of any agents, employees, or 
sub-contractors to comply with any of the provisions of this 
clause. 


14. Contractor's ote en: of Wor d Safetv. The 
contractor shall obtain adequate protection of all work fron 
possible damage, and shall protect the City's property of all 
work from possible damage, and shall protect the City's property 
from injury or damage arising from the work to be done under or 
by the contractor, its employees, agents and sub-contractors 
during the construction. He/she/it shall take all reason- 
able precaution for the safety of the employees on the job and 
shall comply with all applicable safety laws, building codes and 
ordinances. The contractor shall properly and fully guard all 
excavations and dangerous places, and will use all due and proper 
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precaution to prevent injury to any and all persons and pro- 
perty. 5 i 
15. Lead Base Paint. The contractor vill not apply any 
' lead base paint, and will taka all necessary steps to reduce 
the hazard from lead base paint already on surfaces. Lead base 
paint is defined as paint containing more than six-one-hundredths 
of one percent of lead by weight in the total non-volatile 
content of liquid paint, or in the dried filz of paint already 
applied, and shall include, cracking, scaling, peeling, chipping 
or loose paint. Any surfaces to be painted shall be treated az 
necessary. Treatment involves washing, sand, scraping, wire-- 
brushed, or otherwise cleaned so as to remove cracking, scaling, 
peeling, chipping or loose paint back to sound surfaces, and 
repainting with two coats of suitable non-lead paint. If paint. 
film integrity cannot be maintained, the surface must be covered. 


Lead base paint hazards involve all interior surfaces 
and those exterior surfaces readily accessible to children under 
seven (7) years of age, and contractor will take appropriate 
provisions pending the completion of the contract for the 
elimination of immediate hazards. 


16. Contractor's Clean-up. During contruction, and after 
completion the contractor shall clean up and remove all waste 
construction materials from the premises and will leave the 
premises in a clean and sightly condition. 


17. Disputes. All disputes which’ arise under this contract 
. which cannot be resolved between the.contractor and the City will 
be referred in writing to the Director .of The Board. The 
Director of The Board shall make a final decision in writing. 
The contractor will continue to perform the contract regardless 
of the decision 


i 18. ompt Payment scounts. In connection with any 
discount offered for prompt payment, time shall be conputed fron 
(1) the date of acceptance by the City of performance of the 
services or deliveries of supplies to the City, or (2) the date 
the correct claim form and invoice, or voucher is received in 
the office of the City division awarding the contract, if the 
latter is later than the date of acceptance of performance or 
delivery. Por the purpose of computing, the discount earned, 
payment shall be considered to have been made on the date the 
City check is mailed. 


19. orit u ess e se/Wome usiness te se 

Co e o € $ This contract 

is governed by General Ordinance G-16-84, Chapter 7 of the code 
of the City of Fort Wayne, establishing participation goals 
of seven percent (7%) for Minority Business Enterprises and 
two percent (2%) for Women. Business Enterprises of the total 
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yearly dollar amount of construction contracts av 

City of Fort Wayne. The terns "Minority Business Intecorine 
and "Women Business Enterprise" are defined in the Ordinance 
and in the MBE/WBE Statement of the IFB/RFP. The contractor 
agrees that in performing this contract it/he/she will neet 
or exceed the certification of participation set forth in the 
MBE/WBE Statement in the IFB/RFP. Failure to meet or exceed 
the smallest of the following: (a) 7% MBE or 2% WBE; or (b) 
the participation certification, without justifiable excuse 

can be grounds for termination of this contract for default 
and shall be considered in evaluating contractor's responsibility 
on future contracts. The contractor agrees to cooperate with 
and provide all documentation requested by the City in monitoring 
the contractor's compliance.- After completing the vork called 
for in the contract, the- contractor. will submit to the city 
an oe certification setting forth the MBE and WBE partici- 
pation the contract. Final payment shall not 

this certification is received. cë A ia ey 


20ë - 8 2 fe) de ia o —-16—€-1, 
This contractor agrees as follows: 


a. That in the hiring of employees for “he perior- 
mance of work under this contract or any subcontract hereunder 
no contractor, or subcontractor, nor any person acting on Years 
of such contractor or subcontractor shall, by reason of rece 
religion, color, sex, national origin or ancestry, discrisin&te 
against any resident of the State of Indiana who is qualified 
and available to perform the work to which the employnent 
relates; : .7 


b. That no contractor, subcontractor, nor any person 
on his behalf shall, in any manner, discrininate against or 
intimidate any employee hired for the performance of work under 
this contract on account of race, religion, color, sex, national 
origin or ancestry; ; 


1 c. That there nay be deducted from the amount payable 
to the contractor by the City of Port Wayne under this contract, 
a penalty of five dollars ($5.00) per person for each calendar 
day during which such person is discriminated against or intini- 
dated in violation of the provisions of the contract; and 


d. That this contract may be cancelled or terminsted 
by the City of Fort Wayne and all money due or to become due 
hereunder may be forfeited, for a second or any subsequent 
violation of the terms or conditions of this clause. 


2l. ti-Dis e the Code o e Cit 


Fort Wayne, Section 15-17. In the performance of work under 


this contract or. any subcontract hereunder, the contractor, 
subcontractor, and any person acting on behalf of such contractor 
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or subcontractor, will not discriminate against an er 
is qualified and available to perforn the work Es epi te 
employment relates. 


The contractor, subcontractor, or any person acting on 
behalf of such contractor or subcontractor will not obstruct 
the enforcement of this contract provision. 


The contractor, subcontractor, or any person acting on 
behalf of such contractor or subcontractor will not retaliate 
against any person because of good faith, reasonable actions 
taken to overcome, alleviate, or report discrimination. 


Enforcement of this section shall be through order of the 
City of Fort Wayne in the following manner: 


a. Whenever any member of the Division of the 
City of Fort Wayne awarding this contract, or whenever a Cor- 
pliance Officer of the City of Fort Wayne has reason to believe 
that any of the provisions of this clause and of Ordinance 
Sec. 15-17 have been violated, the matter may be referred to the 
Metropolitan Human Relations Commission for investigation end 
initiation of discrimination charges against the contractor or 
subcontractor. Cases over which the Metropolitan Human Relations 
Commission has no jurisdiction shall be investigated by the 
Compliance Officer of the City. 


b. à final order of the Metropolitan Human Relations 
Commission shall be forwarded to the Compliance Officer of “the 
-City .of Fort Wayne and to the Division awarding the contract, 
which may invoke one of the remedies set -forth in subsection 
(c) of this clause. If it is a matter over which the Metropo-. 
litan Human Relations Commission does not have jurisdiction, the 
Division awarding the contract shall conduct a hearing to 
determine whether there has been a breach of Ordinance Sec.15-17. 


c. If the Division awarding the contract determines 
that a contractor, subcontractor or any person acting on behalf 
of such contractor, or subcontractor, has violated the provision 
or provisions of Ordinance Sec. 15-17, whether discriminating, 
obstructing, retaliating, or otherwise, the Division awarding 
this contract may: 


(1) Deduct from the amount payable to the 
contractor by the City of Fort Wayne under such contract the sum 
of not less than Ten Dollars ($10.00) per day, nor more than One 
Thousand Dollars ($1,000) per. day per each violation. Each day 
upon which the violation exists “shall be deemed a separate 


offense. 
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(2) The Division of the City awarding this 
contract may cancel or terminate this contract, and all money 
due or to become due under the contract may be forfeited for 
a second or any subsequent violation of Section 15-17. 


22. v W S. The con- 
tractor and all subcontractors shall, at mininun, pay the 
prevailing wage rates for skilled, semi-skilled, and unskilled 
laborers, workmen, and mechanics, as required by the Indiana Code 
5-16-7-1 wage scale attached to this contract. The contractor 
and all subcontractor on this project shall file a Schedule cf 
Wages to be paid during the contract to laborers, workmen and 
mechanics prior to performance on the contract. During pertor- 
mance of the contract, the contractor and each subcontractor will 
meet or exceed his/her/its Schedule of Wages for each position. 
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SPECIAL PROVISIONS 
HH HH X 


LIBERTY DRIVE DRAINAGE IMPROVEMENTS 


Resolution 437-86 


City of Fort Wayne Water Pollution Control Engineering Department 
Specifications and Standard Drawings adopted 23 July 1980 shall be strictly 
adhered to. 


The contractor is expressly informed that there will be only one (1) 
contract for the construction of storm sewers. 


All rights-of-way cut permits shall be taken out by the City at no cost to 
the contractor. However, the contractor shall be responsible for any and 
all restrictions of the permit. Further, the contractor shall obtain any 
street closing and barricade permits as necessary for the construction of 
the project at no cost to the City. 


Where applicable owner reserves the right to limit or delete any bid item 
within reason. 


Contractor is expressly informed that he/she must conform with City of 
Fort Wayne Affirmative Action and EEO specifications. 


Contractor is expressly informed that he/she must conform to City of Fort 
Wayne Mayor's Executive Order: "Establishment of City Policies and 
Procedures with Respect to Minority Business Participation in City 
Procurement and Construction Contracts" dated 29 August 1983. 


Upon contract award, the contractor will furnish immediately a certificate 
from the Industrial Board of the State of Indiana, that he has complied 
with Section 5, 68 and 69 of the Workmen's Compensation Act, approved 24 
March 1929, in accordance with Section 14 of the Compensation Act (Acts 
191, page 545, being I.C. 22-3-21-9 or any supplemental statutes thereof). 
It is further stipulated that any judgement rendered against the City of 
Fort Wayne in any suits for damages for injury to real or personal 
property, or for any injury to real or personal property, or for any 
injury sustained by any person growing out of any act or doing of any 
court or award of a Board of Arbitrators or of the State of Industrial 
Board of the State of Indiana rendered against the State of Indiana, now 
in force, relating to compensation for accidental injuries or death 
suffered by his employees or the employees of any subcontractor or 
subcontractors in the course of their employment when notice of the 
pendence of such suit, hearing or arbitration shall have been given said 
contractor, shall be conclusive against contractor or to amount, liability 
and all other things pertaining thereof; it being the intent of the 
parties hereto that contractor indemnify and hold harmless City of Fort 
Wayne, Indiana. 


Upon commencing work, contractor shall diligently work at jobsite until 


completion of work. The Engineer shall determine if sufficient progress is 
being made. 
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10. 


il. 


12% 


i3. 


14. 


15. 


16. 


17. 


18. 
19. 


Utilities noted on plans are from utility location maps as provided by the 
individual utility. Contractor is responsible to contact "IUPPS" at 1-800- 
382-5544 (and any other utility not subscribing to this service) for 
utility location on particular project sites prior to construction. 
Further, as determined by Project Engineer of Water Pollution Control 
Engineering any utility relocated for the convenience of contractor's 
operations shall be paid by the contractor. Any utility that presents a 
hazard to construction and/or conflict with the proposed sewer will be 
relocated at utility's expense, unless shown otherwise on the drawings. 


Dewatering - All water shall be removed from the trench to a depth below 
the outside of the pipe prior to laying of the pipe. The contractor has 
the option to use wellpoints, deep wells or other approved method of 
dewatering with the exception of sump pump operations in the trench. 
Dewatering shall be included in the cost per lineal foot of pipe and will 
be utilized as directed by the engineer or his representative. 


The engineer and/or owner reserves the right to shift the alignment of the 
Sewer within reason. 


All construction on this project shall be completed with 120 days of 
Notice to Proceed. 


A construction schedule shall be submitted as part of the bid packet. This 
schedule will be appraised as part of the job award and will become an 
integral part of the contract to be strictly adhered to. 


Contractor shall be held accountable for maintaining services of utilities 
such as water, gas, telephone, electrical etc. and will not be given any 
additional compensation for breaking, damaging, bracing, removing, 
relocating and/or replacing utilities unless otherwise specified. Any 
additional cost resulting from breaking, damaging, bracing, removing, 
relocating and/or replacing utilities should be included in cost per 
lineal foot of pipe. 


All street restoration shall be completed under the specifications of the 
Street Department of the City of Fort Wayne. 


All water main restoration, repair or relocation etc. shall be completed 
using the City of Fort Wayne Detailed Specifications and Conditions for 
the Installation of Transmission and Distribution Mains Construction 
Standards and Water Main and Water Service Materials Standards. 


The City of Fort Wayne has first salvage rights on all piping, catch basin 
castings etc. If the City of Fort Wayne chooses not to use this material 
the contractor shall dispose of it as he/she pleases. 

The cost of removal and replacement of all fences, removal of trees and/or 
shrubs shall be included in the cost per foot of pipe with no additional 
compensation to the contractor. 


All pipe material shall be approved by the engineer prior to construction. 


All bedding shall be included within unit price of pipe. 
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"Bedding and backfill" for pipe product chosen, shall be in accordance to 
aforementioned specifications, standard drawings, interim specification 
and guidelines established by the Water Pollution Control Engineering 
Department and said methods shall be subject to "prior to construction 
approval" by the engineer. 


The successful bidder on this project shall be responsible for maintaining 
adequate traffic flow to and from each individual property during the life 
of this project at no additional cost. The contractor shall erect and 
maintain necessary barricades, signs and warning devices in accordance 
with the manual on Uniform Traffic Control Devices. 


The contractor shall coordinate his work with the St. Therese School. At 
least 72 hours notice shall be provided to the school prior to beginning 
construction. Adequate provisions shall be provided to insure the safety 
of the school children before, during and after school hours. The cost 
shall be included in the various pay items. 
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CERTIFICATION or BIDDER/VENDOR 
BERCOT, INC. 
6015 HUGUENARD ROAD ^ 
The undersigned, on behalf of FORT WAYNE, INDIANA 46808 


: __» does hereby make the following representations 
to the City of Fort Wayne, Indiana. 
WHEREAS, it is acknowledged that the Common Council 


‘of the City of Fort Wayne, Indiana, has passed an ordinance con- 


demning the apartheid policies of the country of South Africa; 
WEEREAS, Council's ordinance requires that all persons, 

firms or corporations submitting bids to the x for goods anë 

services, certify, as part of the bic, that such entity does not 


support the policies of apartheid in South Africa. BERCOT, IN 
sd d : 6015 HUGUENARD ROAD 
The undersigned states, on behalf of FORT WAYNE, INDIANA 46808 


: ! 
Eur n BE DE INC. | E 
“BB SS“ —“$9m)$—O— 

FORT WAY NE, INDIANA 46808 


does not support or endorse the policy of apartheid in South Africae. 






IN WITNESS WEEREOF, this Certification hes been signed 
FEB 11 1987 a's 


Gay of t 


BERCOT, INC 
6015 HUGUENARD ROAD 
, FORT WAYNE, INDIANA 46803 


der/Vendor) Set 


RË NN 


(Name and Title of Person Signing) 





(Name of Bi 
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ESCROW AGREEMENT 


THIS ESCROW AGREEMENT made and entered into this day of » 1987 
by and between (herein called Escrow Agent) and the 


City of Fort Wayne, (herein called Owner) and ; herein called 


contractor). 


WHEREAS, Owner and contractor entered into a contract dated 
1985 providing for the construction by the Contractor of a public building, 
work or improvement subject to the provisions of IC 1971, 5-1605.5, and, 


WHEREAS, said construction contract provides that portions of payments by Owner 
to Contractor shall be retained by Owner (herein called Retainage) and placed 


in an escrow account; 


NOW, THEREFORE, it is agreed as follows: 
l. Owner will hereafter deliver or cause to be delivered to Escrow, Agent the 


retainage, to be held in accordance with the terms of this Agreement. 

2. Escrow Agent will promptly invest the retainage in such obligations as 
selected by the Escrow Agent at its discretion. All income earned on such 
-funds shall be added to and become a part of the escrowed principal. 

3. The Escrow Agent shall pay over the net sum held by it hereunder as follows: 


a. In the manner directed by the joint written authorization of the Owner 


and Contractor. 
b. In the absence of such a joint written authorization, upon receipt, 


from the Owner of a copy of the Architect's certificate or 
Architect-Engineer's certificate pursuant to Article 2.2.01e of the 
General conditions showing that the Owner has terminated the employment 


of the Contractor then the Escrow Agent shall pay over to the Owner 


the net sum held by it hereunder. 
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c. In the absence of such a joint written authorization and in the absence 
of the termination of the Contractor as provided in (b) above, in 
the manner directed by a certified copy of a judgment of a court 
of record establishing the rights of the parties to said funds. 


4. This Escrow Agreement shall constitute the direction from the Ovner and 
Contractor to the Escrow Agent of the Manner in which the Retainage is 
to be paid by the Escrow Agent, pursuant to IC 1971 5-16-5.5. 

5. The Escrow Agent shall deduct, before any payment from the amounts received 
hereunder, its fee as Escrow Agent, which fee shall be computed as follows: 
a. A charge of for the first twelve month period, such charge 

to be assesssed at the end of the first year or upon termination of 
the agreement. 

b. An additional charge of for the second twelve month period, such 
charge to be assess at the end of the second year or upon termination 
of the agreement. 

c. If the agreement is still in effect two years from the initial invest- 
ment date, charges for periods beyond two years shall be renegotiated. 

Provided, however, that the escrow fee shall be commensurate with fees now 


being charged for the handling of escrow accounts of like size and duration. 


6. 


This agreement and anything done or performed hereunder by either the 
Contractor or Owner shall not be construed to prejudice or limit the claims 


which either party may have against the other arising out of the 


aforementioned construction agreement. 


This instrument constitute this entire agreement between the parties 
regarding the duties of. the Escrow Agent with respect to the investment 
and payment of escrow funds; the Escrow Agent is not liable to the Owner 


and Contractor for any loss or damages not caused by its own negligence 


or willful misconduct. 
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Escrow Agent 


By 


Contractor 














The Board of Public Works & Safety 
City of Fort Wayne 


AUTHORIZATION OF PAYMENT 


The undersigned Owner and Contractor hereby direct 


(Escrow Agent) to advance to the Contractor the sum of 


($ ) Dollars, pursuant to Section 3 of the Escrow Agreement 


dated s 198 » by and between 


accrued income, less the escrow fee. 





Owner 











Board of Public Works & Safety 
City of Fort Wayne 


the aforementioned parties, including 





Contractor 


By 











WAIVER OF RIGHT TO HAVE ESCROW FUNDS DEPOSITED 
IN INTEREST BEARING ACCOUNT 


THIS AGREEMENT made this _ day of y2*1198 ; by and between 





Pa ne 
Contractor, and the City of Fort Wayne, Owner: 


WITNESSETH: 


WHEREAS, Contractor and Owner have entered into the contract dated 


198 for the construction of 


WHEREAS, by the terms of said contract, Owner is entitled to retain portions 


of the payments due and to become due to the Contractor on account of said 


work; and, 
WHEREAS, Contractor has the right to have said funds placed in an interest 


bearing account; and, 
WHEREAS, Contractor desires to waive said right and agrees to accept the 


principal only when due of said funds so retained. 
NOW, THEREFORE, Contractor on behalf of himself/herself/themselves and all 
of his/her/their subcontractors, workmen and materialmen, do hereby waive his/her 


their right to have retainage placed in an interest bearing account. 


Owner agrees to retain and hold said funds and to pay the same when due without 


interest thereon. 


an 
Contractor 


BOARD OF PUBLIC WORKS & SAFETY 
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+» APPLICATION FOR PERMIT TO CUT INTO FORT WAYNE STREETS 
p 40021 


es Permit Noes 305 ue. A Name of Street 
Township 
To the FORT WAYNE BOARD OF PUBLIC WORKS Addition 
Fort Wayne, Indiana a 
EUNT 19.8 7 


/ 
I hereby make application for a PERMIT to cut into the right of CE 
dA MURUS ELI 
oook A OPE es 
TYPE OF SURFACE where the cut is to be made is 
NATURE OF OPENING TO BE MADE: The opening to be made willbe__________ feet long in right of way, and __ feet long in 











road surface by ____-_ feet wide, and - feet deep. E 
A / FA — 
PURPOSE OF OPENING: Cen Cot f£ dy n c ng. wel WE. 22A. 











CHARGE: Enclosed please find my certified check for PË të BE Dollars). 
ESTIMATED COST OF LABOR AND MATERIALS TO RESTORE THE CITY PROPERTY CUT INTO OR DAMAGED BY THE 
APPLICANT TO CONDITIONS AS SPECIFIED BY CURRENT STREET ENGINEERING SPECIFICATIONS 
($0 a ANN DOL BARS. 


MAINTENANCE BOND: A maintenance bond will be required on each permit which will be one hundred percent (100%) of the estimated 
cost of labor and materials to restore the city property cut into or damaged by the applicant to its conditions as stated above which is to 
remain in effect for a period ofone year from the date of completion of the proposed work, said date being established by the Fort Wayne 
Permit Engineer: upon notification of completion of said work. 
I agree: 

To furnish a drawing showing size, type, controlling dimensions, etc., of the proposed improvement relative to existing pavements, 
existing structures, existing right of way, and existing utilities; 

To erect and maintain all necessary barricades, detour signs and warning lights in accordance with the manual on Uniform Traffic 
Control Devices for Streets and Highways required to safely direct traffic over or around the part ofthe street where the above described 

.. work is to be done so long as the work in any way interferes with traffic; 
(S is To move or remove any structures installed under this permit, should future traffic conditions or street improvements necessitate 

“and when requested to do so by the Fort Wayne Permit Engineer. 

To assume all responsibility for any injury or damage to persons or property resulting directly or indirectly from the work 
contemplated in this application; 

Final restoration of city property cut into or damaged, including said street and lateral cuts by applicant must be restored to 
conditions as specified by current street Engineering specifications within five (5) days after backfilling of cut unless prior approval is 
acquired from Permit Engineer. 


GRANT OF PERMIT TO CUT INTO CITY RIGHT OF WAY 





The Fort Wayne Permit Engineer hereby grants to j^ Bl : a permit to cut into 
the Fort Wayne Street right of way described herein, and condition that R spoHëshË file with the Fort Wayne Board of Public Works a 


Maintenance onain theramountiof |. 3-5 PE nonu LOMA IA A A AS A sd A): 

This permit shall expire one year from the date of application unless actual work has begun on the above mentioned location. The 
applicant, on presentation of this permit, may renew this permit, upon furnishing the Fort Wayne Permit Engineer with an up-to-date 
estimate of the cost of restoration as provided hereinabove. THIS PERMIT IS NOT EFFECTIVE UNTIL THE ABOVE DESCRIBED 
BOND IS FILED. 


If any person shall perform construction of any type within the city right of way or damage any city street without first obtaining a 
permit therefor and filing with the Fort Wayne Permit Engineer, a bond, as provided hereinabove, such person shall be guilty of a 
misdemeanor, and upon conviction thereof shall be fined any sum not exceeding Three Hundred Dollars ($300.00) for each offense. 


Notice is hereby given that any park- 
ing revenues lost to the City which 
results from the restriction or re- 
moval of on-street parking will be 
i 1 charged to the ho.der of this permit. 


Zip Code BOARD OF PUBLIC WORKS. 


Name of Applicant: 






Signature of Applicant. 


Address 





Telephone 





sa DATE APPROVED 


' APPROVED: Në d 
pen Í Psh gji 
ASPAS Re RET ile ËT FORT VAYNE PERMIT ENGINEER 





Form 1011 (rev. 6/76) 


G-21 ORDINANCE APPLIES 


REQUIREMENTS FOR SURFACE ~ . 
REPLACEMENT 








REPLACEMENT 


| CUTBACK 
>| ke TRENCH WIDTH 








STREET DRIVE WAY SIDEWALK ALLEY 
Replacement Required To Replacement To Nearest Total ‘Replacement Of 5x5' Replacement Required From 
Longitudinal Or Transverse Joint With 2' Min. Width. Section Required. Nearest Edge Of Alley With 
Joint If Cutbock Is Within 2' Min. Width. Replocement 
I Of Joint, Or As Directed Required To Ç If Distance 
By Engineer. (d) is Less Thon |. 








| 6"  |3-O" Or Less 
L s". [i-r Te $-0.| 
| 42". TA & Over 
NOTE: ALL SURFACE REPLACEMENT SHALL CONFORM TO ALL CURRENT 

CITY STREET REQUIREMENTS AND SPECIFICATIONS. 





REQUIREMENTS FOR BACKFILL 


All structures or cuts under pavement or within the 1 to 1 angle of repose at 5' from the edge of pavement or 
back of curb must be backfilled with “special backfill #73 or #53.” 


All trenches crossing a paved area at an angle of 45 degrees or more of the centerline of paved area shall be 
backfilled with “special backfill #73 or #53.” 


All trenches in a paved area parallel to or at less than a 45 degree angle to the centerline of the pavement may 
be backfilled with “special backfill.” 


All trenches parallel to the centerline of the pavement, in the 5’ parkstrip shall be backfilled with “special 
backfill,” to within 6'' of the surface. The top 6'' shall be soil capable of growing grass. 


All trenches or cuts in sidewalks shall be backfilled with “special backfill.” 


All trenches or cuts in driveways shall be backfilled with “special backfiH” to within 15'' of existing surface. 
The remaining 15” shall be backfilled with “special backfill #73 or #53” or, “special backfill #73 or #53” to a 
depth necessary to accommodate restoration or asphalt or concrete surface. 


The “special backfill #73 or #53” material shall meet the gradation as set forth in the Indiana State Highway 
Department Standard Specifications 1974, sub-section 903.02 Coarse Aggregates. 


The “special backfill” material shall meet the gradation as set forth in the Indiana State Highway Depart- 
ment Standard Specifications 1974, Section 211 Special Fill and Backfill (“B” Borrow) EXCEPT that no more 
than 12% or less than 5% shall pass the No. 200 sieve (silt or clay). 


All backfill material shall be compacted to a density of 95% as determined by the modified proctor test. 


NOTICE TO PROCEED 


TO: DATED: 


PROJECT: 


lE ES 








You are hereby notified to proceed in accordance with your contract dated 
» 1987, on the project and you are to complete the project within 


consecutive calendar days thereafter. 


THEREFORE, the date for the completion of this project is 
1987. 





OWNER: 
Board of Public Works & Safety 


by 
Baron R. Biedenweg, Director 


By 
Cosette R. Simon, Director 


By 
Lawrence D. Consalvos, Director 


ACCEPTANCE OF NOTICE 


Receipt of the above NOTICE TO 
PROCEED is hereby acknovledged by: 





this the day of 





1986. 


NP-1 


Cha ¿e Order Noci Resolution No. 


Project No. EA dio: A Y Board Order + 
Rame of Project: Date 
TO; 
; (Contractor) 
Centlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 






Chang in Contract Price 
Increase 






Total Decrease 
. Total Increase 


Net (Decrease)(Increase) Contract Price 


e sum of $ is bereby (added to)(deducted from) tbe total contract price and 
se final contract price shall be adjusted as follows: 


Original Contract Price 
Current Contract Price Adjusted by Previous Change Order $ 
New Contract Price including this Cbange Order k $ 








ie time provided for completion in the contract for this project is (unchanged)(increased) 
lecreased) by calendar days due to this Change Order. The date for completion 
' all work shall be .FURTHERMORE, this document shall become an 
rendment to the contract and all provisions of tbe contract shall apply hereto. 





commended by: Chief Engineer Date 


cepted by: Contractor Date 





proved by: Date 





de oul by: Owner Date 


I 











tested by: Clerk Date 


l1. 


2. 


Change Order No. 
‘Resolution No. e 
Board Order No. 


REQUEST AND JUSTIFICATION FOR CRANGE 


Necessity for change: . 

(LE Tr un ERI BRUN RN TOROS E 
AA MT A ES in UE A MU EE, 
AA cc TEE ESI BC LIII EI C c ELS MEMMU X cx I Cer cw I c V E IC e RS CEeUESI p nem tS ER E A 
eee 
SSS NR A a A A i E, 
TS A ATT ETA A ee ERES 
O AA A E EE 
A A A gg A 
cn————————————— a EPI EE UD 
———————————————————M——————— BRIDE | 


Will proposed change alter size of the project? Yes No 


If yes, explain 


. 


Affect ‘on operation and maintenance cost of this project: 


enn 


NOTICE OF AWARD 


TO: 





PTGS A le o O pM ET E o s 


The OWNER has considered the BID submitted by you for the above-described WORK, 
in response to its advertisement for bids dated set 1987; 
Information for Bidders. 


You are hereby notified that your BID has been accepted for items in the amount 
of $ : 


You are required by the Information for Bidders to execute the Agreement and 
furnish the required Contractor's Performance Bond and Payment Bond within 
ten (10) calendar days from the date of this Notice to you. 


If you fail to execute said Agreement and to furnish said bonds within ten 
(10) days from the date of this Notice, said OWNER will be entitled to consider 
all your rights arising out of the OWNER'"s acceptance of your BID as abandoned 
and as a forfeiture of your BID BOND. The OWNER will be entitled to such other 


rights as may be granted by law. 


You are required to return an acknowledged copy of this NOTICE OF AWARD to 
the OWNER. 


Dated this day of 4. 1987. 


OWNER: 
City of Fort Wayne 


By 


Baron R. Biedenweg 
Title: Director of Public Works 


ACCEPTANCE OF NOTICE 


Receipt of the above NOTICE OF AWARD 
is hereby acknowledged by 


Title 





AMERICAN STATES INSURANCE COMPANY 


INDIANAPOLIS, INDIANA 


PERFORMANCE BOND 


KNOW ALL MEN BY THESE PRESENTS: 


as Principal, hereinafter called Principal, and AMERICAN STATES INSURANCE COMPANY, a corporation of the state 
of Indiana, with its home office in the City of Indianapolis, Indiana, U.S.A., as Surety, hereinafter called Surety, are 


J, 
for the payment whereof Principal and Surety bind themselves, their heirs, executors, administrators, successors 
and assigns, jointly and severally, firmly by these presents. 


WHEREAS, Principal has by written agreement dated 


which contract is by reference made a part hereof, and is hereinafter referred to as the contract. 


NOW, THEREFORE, THE CONDITION OF THIS OBLIGATION IS SUCH, That, if Principal shall 
promptly and faithfully perform said contract, then this obligation shall be null and void; otherwise it shall 
remain in full force and effect. 

Whenever Principal shall be, and be declared by Obligee to be in default under the contract, the Obligee 
having performed Obligee’s obligations thereunder: 


(1) Surety may promptly remedy the default subject to the provisions of paragraph 3 herein, or; 

(2) Obligee after reasonable notice to Surety may, or Surety upon demand of Obligee may arrange for the 
performance of Principal's obligation under the contract subject to the provisions of paragraph 3 herein; 

(3) The balance of the contract price, as defined below, shall be credited against the reasonable cost of 
completing performance of the contract. If completed by the Obligee, and the reasonable cost exceeds 
the balance of the contract price, the Surety shall pay to the Obligee such excess, but in no event shall the 
aggregate liability of the Surety exceed the amount of this bond. If the Surety arranges completion or 
remedies the default, that portion of the balance of the contract price as may be required to complete the 
contract or remedy the default and to reimburse the Surety for its outlays shall be paid to the Surety at 
the times and in the manner as said sums would have been payable to Principal had there been no default 
under the contract. The term “balance of the contract price," as used in this paragraph, shall mean the 
total amount payable by Obligee to Principal under the contract and any amendments thereto, less the 
amounts heretofore properly paid by Obligee under the contract. 


Any suit under this bond must be instituted before the expiration of two years from date on which final 
payment under the contract falls due. 


No right of action shall accrue on this bond. to or for the use of any person or corporation other than the 
Obligee named herein or the heirs, executors, administrators or successors of the Obligee. 


Signed and sealed this February 


AMERICAN STATES INSURANCE COMPANY 
urety 





` > $ E -GENERAL POWER OF ATTORNEY 


, American States Insurance Company 
INDIANAPOLIS, INDIANA 


Sora 


KNOW ALL MEN BY THESE PRESENTS. that American States Insurance Company, a Corporation duly organized and existing under the 
laws of the State of Indiana, and having its principal office in the City of Indianapolis, Indiana, hath made, constituted and appointed, and does by 


these presents make, constitute and A A A cr ee ee ee I EN 


--—-—-----2----- H. STANLEY HUFF, JR., DONALD F. CAMPBELL AND JERRY C. WAAK — áÓ—— e 
C» 

(Jointly or Severally) a 

i 

al Fort Wayne mm Indiana ani 





its true and lawful Attorney(s)-in-Fact, with full power and authority hereby conferred in its name, place and stead, to execute, acknowledge and :5 
co 


deliver any and all bonds, recognizances, contracts of indemnity and other conditional or obligatory undertakings, provided, 


however, that the penal sum of any one such instrument executed hereunder shall 








not exceed ONE HUNDRED FIFTY THOUSAND AND NO/100 ($150,000.00) DOLLARS ----------- 


and to bind the Corporation thereby as fully and to the same extent as if such bonds were Signed by the President, sealed with the common seal of 
the Corporation and duly attested by its Secretary, hereby ratifying and confirming all that the said Attorney(s)-in-Fact may do in the premises. This 
Power of Attorney is executed and may be revoked pursuant to and by authority granted by Section 7.07 of the By-Laws of the American States 
Insurance Company. which reads as follows: 
"The Chairman of the Board, the President or any Vice-President shall have power, by and with the concurrence with the 
Secretary or any Assistant Secretary of the Corporation, to appoint Resident Vice-Presidents, Resident Assistant Secretaries 
and Attorneys-in-Fact as the business of the Corporation may require or to authorize any one of such persons to execute, on 
behalf of the Corporation, any bonds, recognizances, stipulations and undertakings. whether by way of surety or otherwise" 
IN WITNESS WHEREOF, American States Insurance Company has caused these presents to be signed by its Vice-President, attested by its 





Assistant Secretary and its corporate seal to be hereto affixed this 26th day of June 





A.D.19.86 J AMERIC S ax UT 
(SEAL) E ; 
4 » L1 y B . 
ATTEST: Ca Ml P “re aa , Assistant Vice-President 
Assistant Secretary 


STATE OF INDIANA } SS: 
COUNTY OF MARION ; 





Onthis__26th . day A SRS} e E LET A.D.,19. 86. before me personally came 
om. bel , to me known, who 


being by me duly sworn, acknowledged the execution of the above instrument and did depose and say; that he is a Vice-President of American 
States Insurance Company; that he knows the seal of said Corporation: that the seal affixed to the said instrument is such corporate seal; that it was 
so affixed by authority of the Board of Directors of said Corporation; and that he signed his name thereto under like authority. And said 


further said that he is acquainted with. Dan W. Guio . andknovshimtobe the 
Assistant Secretary of said Corporation; and that he executed the above instrument. 


^N KAKAO JANI Remmi 
MY COMMISSION EXPIRES 


February 5, 1982 Darstig— dst a Ar. 
My Commission Expires Notary Public 


STATE OF INDIANA } SS: 
COUNTY OF MARION x 











i... Dan W. Guio qwe Assistant Secretary of AMERICAN STATES INSURANCE COMPANY, do hereby certify that 
the above and foregoing is a true and correct copy of a Power of Attorney, executed by said AMERICAN STATES INSURANCE COMPANY. which 
is still in full force and effect. 

This Certificate may be signed and sealed by facsimile under and by the authority of Section 8.03 of the By-Laws of AMERICAN STATES 
INSURANCE COMPANY which reads as follows: 

"All policies and other instruments of insurance issued by the Corporation shall be signed on behalf of the Corporation by the 
president or a vice-president and the secretary or an assistant secretary, whose signatures, if the instrument is duly 
countersigned by an authorized representative of the Corporation, may be facsimiles. Such signatures and facsimiles thereof 
shall be authorized and binding upon the Corporation notwithstanding the fact that any such officer shall have ceased to be such 
officer at the time such policy or other instrument of insurance shall have been actually issued by the Corporation." 


25th day of February 


In witness whereof, | have hereunto set my hand and affixed the seal of said Corporation, this 


87 
A. D., 19 


(SEAL) ie SLi BS LEV 


Form 9-1459 (8-80) Assistant Secretary 


BILL NO. $-87-03-08 : 
A IU TERCER, oc Em A AA 
CITYSUTILITIES 


REPORT OF THE COMMITTEE ON ; 
O M MM ID E E LM ER Ur. CEN NEN, 


CITY UTILITIES 


WE, YOUR COMMITTEE ON TO WHOM WAS 
NA II IM Mo a MV MEUSE T RUNI 


REFERRED AN (ORDINANCE) ( BESODUQXDON ) - approving the Contract 
Lee. 


for REs. 437-86, Liberty Drive Sanitary Sewer, between Bercot, . 
Inc., and the City of Fort Wayne, Indiana, in connection with the 


HAVE HAD SAID (ORDINANCE) (RESSKGRESN) UNDER CONSIDERATION AND BEG 








LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


V aESODUINDONX 





IS 


YES. 


E ATA CHARLES: B. REDD 
CHAIRMAN Perse. E a Ay Pea 


PAUL M. BURNS 


VICE CHAIRMAN A URGqUI Ur TUM RSS ce a ge ue er 
THOMAS C. HENRY 
wee. c e ee ee 
BEN A. EISBART 
E WAT o BA 
SAMUEL J. TALARICO 
p 





CONCURRED IN d-2a-— / SANDRA E. KENNEDY 
. CITY CLERK 


